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MEMORANDUM FOR: Director, 25X1A6A 
SUBJECT ¢ Delegation of Authority to Act As Contracting 
Officer 
REFERENCE t Momo dtd 6 May 75 to C/RECD/OL fm C/0C-E, 
Subject: OCB-M75-180 
‘1. In accordance with the reference you are hereby | 
authorized to act as co i er for the following 25X1A6A 
projects 
’ PROJECT DESCRIPTION FUNDS AUTHORIZED 
a. Technical power $ 65,000 
modifications X1A6A 
b. Air conditioning - ; $155,000 
modifications 
(cnet enenneweesrenen eee 
¢, Air conditioning and $125,000 
ventilation expansion 
S345, 000 ao 
2. Expenditures for the above three contracts are not to 
exceed the amount authorized and are chargeable under Fan No. ia gee 


5179-4800 as cited in the above reference, 


3. Technical guidance relative to contract administration is 
available from the Chief, Real Estate and Construction Division, 
Office of Logistics, 


4. This delegation of authority expires at the conclusion of 
each project or not later than 30 June 1976, 


¥s/, Michael J, Malanick = i a 


Michael J. Malanick ee 
Director of Logistics 3 
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